Approved For Release 2003/02/27 : CIA4*DP81B00879R001 000080085-4 


kxiA 

^5X1 A 
2$X1 A 


25X1 A 




Pi (7 


Y 

R ri& . . _ 

OXCART Weekly Hsviev 
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0X0-317? 

Cop y <7 af? 

13 Hnreh 1962 


Meetings sad Contacts ; 


c 


— vaa at XI Centro during thi* period con- 

tinuing w ork on the parac hutes and associated equipment - see attached 


report feyf 


b. 


aho visited El Centro during this period, 

in Hartford on 13 and 14 


February - see attached report 

e » Director, Or. SeovlUe and Messrs . Eugene Kiefer 


report. 


visited F & |f at West Pal* Beach on 26 February » see at tached 

25X1 A 


d. On 27 February 


lead- 


25X1 A 


quarters visited the O.S. Bavy photo facilities at Johasville, Pa. in 
sear ch of a source fear photographic manpower. (We have Just been advised 


of SEED is available for reassignment and consideration. 


This nay answer our aanpower requirement. ) 


25X1A 


25X1 A 


25X1 A 


s. Hr. Bod Scott of F & X visited Headquarters on 26 February and 
net with Hr. Bissell and Eugene Kiefer to discuss the HI C-123 Camera 
tests and progress status of the camera. 

F* 2r. Scoville, Col onel Ciller, Eugene Kiefer and John Faranaostar 
were Wt LAC I I on 1 and 2 Jterch. 

_ ®* ? r * ® covilie > Cdcnel Oil ier and Hr . Fa rancoakv vial ted m a G 

on 2 March end met with 1 ' 


h. Dr. Scoville and Eugene Kiefer vieited the Saetsen Kodak Company 
5 March. 

25X1 A 


i. 


|of F & W and 


. id r 

vial ted Headquarters on 6 MweM to review the punp problem 


25X1 C 


25X1 A 
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GXC-3177 
Copy 4 of q 


rauiL H*^***^* on 12 March and die- 

2Ljssa 


J»«lg OXCART 


IMtowary 

June 

September 

(2 place trainer) October 

Deceaber 

February 

March 


i gAU (SBBLOCK) 


#1 March 


Hy 

Juno 


I 


June 

«ftdy 


“* *.*. t«*t fin for 52!JJ fl “> ‘“IxMs* • ftic 

v ■5«^t?,2\r2!t , s ^ scasr ™ fuu * 

«• Ob 12 March 
tm>k aealiag vlth 
aitted at a later 


25X1 A 


Tilt 


m3 - ,Wright-?ett«r*on to dieeuas 
1 A report will be out* 


-swan 

c ®* r F Maaara j __ ___ 

]12 Murah up aupport resuireamta with the Comaadwr ^f 

= i— ^ I . Ai *° ** ** Aiaouaaed waa the krottyarohle* 5 

a coayeaalaaal r eguaat to q»b tm a . r ned | , J fSr traL i t 


]and C uaala gha a were at the 


25X1 A 


25X1 A ^*’***’1® batweea 


25X1 A 


** 011 ^ rcJl tiwr * will ha a aeating with the Bur aia of the su^mt 
at the request of the Acting Controller. ****** «r the Budget 
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2. Engine Development wad Status 1 


*» 

IX torch IS 


teat time accumulation fear the parted 12 February through 


Total angina tint 
Afterburner tins 
D-10 engine tine 
Hot Islet tins 
Mach 2 islet tine 
Hot turbine tine 


13 6 hour* 
10 hour* 
116 hour* 
26 hours 
3 hours 
IT hours 


(1) Three test stands are is operation with engines: 

FX-Ili (turbine islet profile) 

FX-llk (calibration parlor endurance) 

FX-118 (controls calibration) 

(2) Engines FX-118, 113, 115, XJS-1, XD-2 are In aeaeribly for 
rebuild with "return to teat** target* varying from 3/30 to tylj. 

(3) Engine FX-116 delivered to Hartford for teat ataad shakadervn. 
FX-117 heretofore dormant will be reactivated. XD-3 Is reallocated 
from delivery to development program. 


Prioary effort directed toward engine endurance tine ac- 
cumulation, hydraulic pump development, and controls calibration. 


(5) During the last seek, three different 


hydraulic 


pusp endurance teste ware Initiated and terminated at from 10 to 
30 hours because of two instances of piston rod retention failure 
and one bore wear failure. A further substantiation of piston rod 
retention design deficiency, Corrective actions initiated. A fourth 
punp la now cm test at 1% hours with 3$ oil and 200° F. 

(6) One wain fuel control has completed 106 hours hot endurance 
with valve and piston eti Chinese reported above 25 hours. 

Om afterburner fuel control has completed 118 hours hot en- 
durance (2X6 hours total hot tine this unit) with reported pump con- 
troller problems under investigation. 


Integrated control system sea level engine operation without 
seizure now studs at 68 hours. 


25X1 A 
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(1) laglse/Airframe delivery compatibility. 


(2) Engine epecifieation changes. 

(3) Starter. 

(k) Airframe accessory drive requirement* . 
la. Lockheed aircraft deliveries sad speed up. 
e. Security implications of tbe B-7G problem, 
d. Status of tbe interceptor sod bomber version of tbe A-12. 

h. Problem Areas < 

a. Tank sealing. 

b. Tbe lack of appreciable progress in tbe A. 8. program. 
25X1A c. | ] pump. 

d. First stage parachute malfunctioning. 

e. First flight daisy due to tank sealing problem. 

f. Aircraft deliveries. 



5. Decisions : 

a. Cancellation of the second System B camera. 

b. Rummy lengthening. 


25X1 A 


c. Finalising of tbe electronics and coawunl cations s<juipaent to 
be Installed. 
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4. Simulator - m« 


attached paper. 


e. Specific aeelgHM&t of m a&er % aa a trainer-type. 


25X1 A 


JOBI fmmm& 
c/bb/bfd 


tUC/DB/DPDjhmj (13 March 1962) 


Attachment*? 
25X1 A i * ****** * 


25X1 A 3 - J-5» Report 

4 * Aianlatar Bejpert -|_ 


25X1 A 
25X1 A 


Distribution: 

Cy #1 - Dpfe v/atts. 

2 - AC/DPD 

3 - sxo/dpd 

4 - asst.ch/dpd 
5&6 - c/db/dpd 

7 - sa/ta/dpd 

8 - bb/dfd 

9 - ki/dpd 
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